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E.O. 11652: N/A 
TAGS: BMEP, IR 

SUBJECT: MAJOR PROJECT - GARRISON TELECOMMUNICATIONS NETWORK 
REE: A. TEHRAN 3034, B. STATE 210842 

1. FOLLOWING STATUS REPORT PROVIDED BY MAAG SOURCE: 

A. MILITARY SWITCHING EOR APPROXIMATELY EORTY PERCENT OF 
THE 204 MILITARY GARRISONS, POSTS AND COMPANIES UNDER PHASE 1 
(UPGRADE OF MANUAL PABX TELEPHONE EXCHANGES) IS BEING UNDERTAKEN 
BY SIEMENS AND ITT. SIEMENS AND ITT OPERATE UNDER A DUAL CONTRACT 
WITH SIEMENS RESPONSIBLE FOR PABX FACILITIES UNDER A 100 LINE 
DROP AND ITT RESPONSIBLE EOR DROPS OVER 100 LINES. ADDITIONALLY, 
SIEMENS IS RESPONSIBLE EOR INSTALLATION OE ALL IN-COUNTRY STD 
(TANDEN DIAL CENTER) EQUIPMENT ON THE CIVIL SIDE EOR THE 
MINISTRY OE POST, TELEPHONE AND TELEGRAPH (PTT). 



B. PHASE II (INSTALLATION OE INSIDE PLANT TELEPHONE 
EXCHANGE EQUIPMENT) APPEARS NOW TO CENTER ON CROSS BAR 
EQUIPMENT INSTEAD OF ELECTRONIC SWITCHING SYSTEM (EES) 

EQUIPMENT. NO CONTRACTS HAVE BEEN LET FOR THIS PHASE 

AND WE UNDERSTAND SPECIEICATIONS ARE BEING PREPARED. FURTHER, IT IS 

NOT NOW KNOWN WHO WILL UNDERTAKE PROVISIONING AND INSTALLATION 

OF THE TELETYPE EXCHANGE EQUIPMENT(TELEX TYPE) SYSTEM FOR 

THE MILITARY FORCES UNDER THE GARRISON TELECOMMUNICATION 

LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 TEHRAN 07634 310614Z 

NETWORK PROJECT. CONTENDERS APPEAR TO BE RCA-USA, HASSLEI- 



Deciassified/Reieased US Department of State EO Systematic Review 30 JUN 2005 




Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



SWITZERLAND, PLEASY-ENGLAND AND AUTODATA-USA, FREDERICKS-USA, 
CONTROL DATA-USA PLUS TWO OTHER UNIDENTIFIED FIRMS. 

C. RCA-GLOBE COMM HAS AGREED TO A DOLLARS 8.4 MILLION 
CONTRACT FOR A COMPUTERIZED 6000 LINE TELEX/CENTREX SYSTEM 
FOR THE DOMESTIC-CIVIL COMMUNITY UNDER THE AUSPICES OF 
TELECOMMUNICATION COMPANY OF IRAN (TCI) FOR THE 
MINISTRY PTT. SYSTEM WILL ALLOW OUT-COUNTRY MESSAGE TRAFFIC 
UNDER THE TELEX PORTION AND IN-COUNTRY PERSIAN LANGUAGE 
MESSAGE TRAFFIC UNDER THE CENTREX PORTION OF THE SYSTEM. 

D. PHASE III OF THIS PROJECT (FINAL MILITARY CONFIGURATION) 

IS TENTATIVELY SCHEDULED FOR COMPLETION BY DECEMBER 1974 WHICH 
COINCIDES WITH THE SUPPOSED COMPLETION DATE OF THE INTEGRATED 
NATIONAL TELECOMMUNICATION SYSTEM (INTS) BEING INSTALLED BY 
THE GNPS CONSORTIUM. ADDITIONALLY, THE TEHRAN PHASE OF THE 
DOMESTIC TELEX/CENTREX INSTALLATION SHOULD ALSO BE COMPLETED 
ON THAT DATE. 

HELMS 
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